THE  COMMITTEE  appointed  to  prepare  an  account  of  the  monies  received  from 
the  Legislature ,  towards  erecting  additional  buildings  to  the  Pennsylvania  Hospital 
and  of  the  consequent  expenditures , 


REPORT, 


That  by  a  statement  exhibited  on  the  1st  day  of  1st  month  1804, 
the  expenditure  amounted  to . 


S 76546  9 


That  there  has  been  paid  since,  viz. 

For  Lumber .  S  472  51 

Ironmongery .  27249 

Smith-work .  90 

Carpenter  do.  including  Turner’s  bill .  1345  62 

Stone-work .  34 

Brick-work .  1446 

Bricks  .  152  62 

Painting  and  Glazing .  395  2 


Sundries,  including  Furniture .  146  79 


2923  51 


79469  60 

Towards  which  has  been  received  the  entire  sum  granted  by  the 
Legislature  from  the  Loan  Office  fund  of  1773,  £  26666  67 
And  from  C.  Febiger . .  25000 


51666  67 

This  sum,  the  difference  between  the  Legislative  grant,  and  the 
actual  expenditure  has  been  borrowed . 

To  complete  the  building,  it  is  estimated  will  yet  require  .... 


27802  93 

.  .  1000 


There  will  then  be  wanted  to  meet  the  whole  cost,  as  directed  by  ■> 

£  28802  93 

law,  and  to  provide  the  means  of  repaying  the  sum  borrowed  j 
Philadelphia ,  1st  Month  1st ,  1805. 


Signed, 


THOMAS  MORRIS. 
ZACCHEUS  COLLINS. 
JOSEPH  LOWNES. 
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THE  COMMITTEE  appointed  to  prepare  an  account  of  the  monies  received  from  the 
Legislature ,  towards  creating  additional  buildings  to  the  Pennsylvania  Hospital  and  of  the 
consequent  expenditures ,  now  finally 

,  REPORT, 

That  by  a  statement  exhibited  on  the  1st  day  of  the  1st  month  1805, 


the  expenditure  amounted  to . S79,469.  60 

And,  that  there  has  been  paid  since,  viz. 

For  Lumber  .  g  8.  62 

Ironmongery  .  55.  30 

Smith- work  .  • . 130 

Carpenter  do .  48 

Plastering .  950 

Sundries,  including  Copper-spouts,  &c .  278.  7 

-  1469.  99 

S  80,939.  59 


Towards  which,  have  been  applied  the  grant  from  the  Loan  Office 

fund  of  1773, . &  26,666.  67 

And  the  latter  grant  of .  25,000 

-  51,666. 67 


Shewing  the  difference  between  the  grants  and  aftual  cost,  and 
shewing  also  the  amount  which  it  became  necessary  to 
borrow,  in  order  to  accomplish  an  objeft  prescribed  by 
an  a<ff  of  the  Legislature . g  29,2*72.  92 

Philadelphia ,  12 th  Month  30th ,  1805. 

THOMAS  MORRIS  )  „  .... 

ZACCHEUS  COLLINS  £  ^ul/dtnS 

JOSEPH  LOWNES  )  Committee . 

Transcribed  from  the  minutes  of  a  Board  of  Managers,  for  the  information  of  the 
Legislature. 


SAMUEL  COATES,  Secretary. 


